delivery to the Air Force. 
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__ ATR FORCE SOCRSTANCE TEAM 
AND REQUIREMENTS 
FOR WS 1171 (Fentative) 
I. Functions of the Teams. 
—& Yo decide whether the Air Force will accept, 
cond tonaly accept, or reject vehicles offered by IMSD for 


b. To advise the ‘Contrasting Officer of contractual 
action needed to execute the decisions of the tean,. | 

Ce ih cases of conditional acceptance, the tean will 
stipulate the work which mst be nocomplished by IMSD to bring 


the vehicle, to full acceptability, 


d. If the vehicle is rejected, the team will determine 


what additional wrk, tests, and demonstrations will be required 
_ it can be accepted, 


Anceptance Team Structures 
A, Team Membership 
Tha: abiadsnehin 4% ths ipitodebachive ab tie | 
Directorate of WS 117L, The team will consist of authorised - + & 
representatives of the following organisations: 
oe 1, = AFEMD ~ Directorate of 1S 7k, 

















2, AM? AFP, APQR, BNO, ——— —— : 
The chairman will issue a iat denignating each ‘ 


- team menber and alternate by name, 


B, ‘Gontral LSD Point of Contact. 
EMSD will be required to appoint’a managemant, level 


ration and work with the team, i. yo | 
= gi eee oe re. : 
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His main duties would cer 
1. To be the main point of oontect between the team 
: and LMSD management, 
; 2. To a soure that LASD provides the information and 
Services needed by the team to accomplish its objectives. | , a 
| : ‘36 7 act a8 an advisor to the team on IMD policy 
and technical matters, | 
hk. To negotiate with the tean to establish necessary 
. acceptance agreements. : 
5S, To monitor team activities for LNSD, 
TIX Data Requireménts: 
The following date will be required for each vehicle: 
| A, The first document required for tem review is an 
- approved Vehicle Specification. ; 
B. The acceptance test section of the vehicle Specifi- 
err mist be submitted to AFBMD at least. two wooks prior to 
delivery of vehicle to Modification and Checkout. It is antici~ 
pated that a firm submission sopedule will be written into the- 
‘Work Statement. 
| ‘The following data mst be available for tean 
“review during any acceptance: 
ae Vehicle Logbook referencing all applicable . 
| specifications, test reports, etc. ALL referenced data should be 
mediately available at the site of acceptance activity, 
| | 2. _ The final anelysis of deta collected during. 
“acceptance torts and functional demonstrations should be evailcbie” 
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at the site of acceptance activity. 
3. If the vehicle is to be accepted after hot 
Living, Qrick-Look Reports should be available at the site of 
nocepvence activityawering the hot see visual inspection, 
and operational checkout. 
- In the event a marginlly acceptable condition is 
: "detected oF | the Gickelook ee contain insufficient informa~ 
tion, the team may require a more come eee analysis of the above 
operations, | 
| ~k. A Defietency Report mst be published and made. 
"available at the site, the AFFR —_ AFBMD and BMO, 
IV Procedurese | 
the procedure which will be used and the data vequired | 
depend to sonxie extent on whether the vehicle is accepted before 
or after hot firing. In addition, as experimes is gained, 
changes will be ‘made, = —* the folowing =n will 
be useds 
1, Each vehicle said Cas the development 
| program will be subject to team acosptance. | 
2, At least two weeks prior to delivery of a 
‘vehicle to Modification and Checkout, LMSD will deliver the 
Acceptance fest Section of the appropriate vehicle. specification 
"to AFEMD for approval. It is anticipated that a firs submission 
schedule will be written into the Work Statement, 
| 3. ‘Additional copies af this specification vill. be 
furnished to the AFPR for distribution to the AMC teen mmbere: 
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4, AFBUD will inmediately review this specifi~ 
| cation and coordinate the necessary changes with LSD, To 


stated at LISD. 


avoid time delays in acceptance it is essential that this 


specification t be approved prior to delivery of the vehicle to 
Modification and Checkout. , | 

‘5. = INSD will write ‘the detailed test procedures 
for terre and denonstrations required by this specification. 7 

6. USD wild accomplish the testing required by . 
this , spect tention and effect a Yinal functional demonstration 
of the vehicle and all subsystem elenents contained therein. 

Te: m2 acceptance: tests and final functional dee 
_monstrations wid be witnessed and verified by the AFOOR, in 
“addition, AFBMD may send representatives to witness specific — 
tests. For this reason, LSD must give the AFPR and AFBMD 
adequate ‘advanced notice’ of the time and place § af Specific 
tests and final functional demonstrations, 

 ~& To assist Air Force personnel ihiniiive 
specific tests, it ts desired that the following be available 
for consultation or y reference: | | , 
| (a) Engineers or ‘tecintotans fentliar with 
the. test roaements test procedures » and equipment being tested. 
| (b) A211 data ‘epplicable to the configuration 
and Conds tion of the item being tested, 

9. LSD wilt collect ald, date obtained from these | 

tests and demonstrations, reduse, and stelyae same for presente > 
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ae tion to the acceptance team. 
10, When the vehiole isto be accepted after hot 
| firing, all. data collected during the firing, visual inspection, 
| and subsequent operational checkouts will be reduced, analysed, 
. and presented to the acceptance tean. For purposes of aaceptance, 
the hot. firing and subsequent operational checkout will be 
- considered a portion of acceptance testing. 
11, After evaluation of the data collected, LYSD 
will produce a Deficiency Report, outlining ali, ‘vehicle conditions 
at the time of offering for acceptance ‘that ere not in exact 
accord with the requirements of the contract and applicable approved | 
specifications. Shortages, incomplete tests, performance defi~ | 
eiencies, and critical reliability risks will be listed. | 
12, If the team recoumnds conditional acceptance, 8 
| CCN will be written authorizing said acceptance with a stipulation ; 
that LNSD will accomplish, prior to launch ing and at no inorease. 
in fee, that work required to bring the vehicle to full accepta~ 
_ bility. : 
13. The-Air Force Quality Control Representative 
will record the terns of the aforenentioned al acencais and pavers . 
verify competion of the required work. 
Us. Tf the vehicle is rejected, the team will 
nogotiate with IMSD to esteblisht 
a, The future disposition of the vehicle. 7 
- be The additional work, teste, and demonstrations 
that will be required before the vehicle can be’ accepted. 
A new aoceptance date, 
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